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Amendment No, 10 —— 


ae United States Government ind amends said contract an hereinafter 
ae a * , ee le Z 


2, Pursuant to the clause of thie contract entitled "Changes," 


the Governmint desires that the Contractor acquire certain additiénal 
quipment, as specified below, which will facilitate performance of 
the work hereunder within the time limtis demanded by the Governments 


_ . @» In the Schedule of Contract No, H¥-1230, add the 
following Sobedule 4 sod new item of work thereunder: a 


for use in performance of thie contracts 
ae nr 


meng Ce 2 6012, with SHP Variable Speed Deive (220V) Ate 
5 end Nylon Saraper Blade. | 4,272.00 
, fee ; | _ —- (et subject to the 
Yas e 3 b ane: 9 34 GAT HY Provisions of Sec- 
ae QI Fy) bL&L fy téon D) 
The Government shell pay the Contracter in secordance with the pro- 
vision of this contract entitled "Payments" the amount specified 
above, upon delivery, installation and acceptance of the above equip- 
ment et the Contractor's plant. The equipment shall remain in the 
Contractor's plant for use in performance of work hereunder during V 
the term of this contract, subject to the provielons of the clause of 
this contract entitled “Government-Furnished Property." Upon completion 
of this contract, or at cuch earlier date as may be fixed by the 
Contracting Officer, the Contractor shall deliver the equipment to the 
GS vernuent f.0.b,, Buffalo, N.¥., or make such other disposition 
then | May be directed or authorised by the Contracting Officer. 


af CLASS. Appr epee’ Tre af Pepe 7A Pd #1 TOME & 
e070: 18 & a7) or” Bf 2 OL feds fre re 

yu 7e2 ae ~~ vert 
OGY A” wengwen: 010956 SEGA ft r 
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me OY 


|25X1A asteement has teen negotiated with (iE rese:t- 
atives setting ‘orth respective responsibilities in connection with con~ 
tracts igsved for thet Department and the procedures which shall be 

i followed, 


Se It de recommcnded that you appreve the signing of Definitive 

| Contract Yo. Hi-1230 cy the acthoriaed COreject Contracting Officer of 

| the Agency, contingent upon notice by the Comptroller of the Agency 

| thet transfer of required funds from the 

25X1A hae bean effected. ft is alao recommenced that the necesparr a :tbor- 
ization document be apcroved. 


| le 
| RICHARD WB, 2tSSFLL, JR. 
saf/PC/Ocl = Project Director 


CONCHRRIWCES t 


Approvals requested in 
Paragraph 5, © ranted. 


3 - Finance Of icer 
c= 
WEP: vd (3/29/56) 
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Ti 


co SET 


b. In consideration of the Contractor's per: 
additional work stated herein, S$CTION B ~ CoNgtneaarion any F 
ef the Sehaiule of Contract No, HF-1230 is finer and the re 
is substituted therefor: 


w Sfeus of t Cle we ule enti 
determination ef the price in accordance 


Mabe ot fate 5% nor teal nay Nils the edateaat price of 
Sehedule 3, as the case nay be." is changed to reed, “plus the contract 
price of Schedules 3 and 4, as the case nay be." 


3. By reason of the forego the total Contract Ge Price 
increased by $4,271.00 pea SR 


4. AL other terms, conditions and requirementa of Contract No. 
HP-1230 remain unchanged. | 


§. Please indicate your receipt of this Amendment No, 1 to 
Contract Ho, HF~1230 and your acceptance thereof by executing the 
original and two copies of this Amendment, Return the fully executed 
canine ngage Se pena ela cal aan 
the remaining copy for your files, 


THE PIREWEL COMPanY, INC. 
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WEMCHANTOW POR THY RECORD 


SO RIFCT ¢ Coneurrence in Definitive Contract Noe HFel230, 


The Pirewel Comoany, In: es 


25X1A Boffalc, Kew York. 


1. This memorenden contains recemuendat ons submitted for a-preval 
of the TMrector of Central Intelligence. Such recommendations are 
contained in Paragrach 5, 


| 3. Definitive Contract Ne. HP~123) provide aithority for the 
25X1A Contractor to expend an amount not te exceed I or the equine 


ment desired br the The tyre of contract 
25X1A is fixedeprice with provision for r rmination of orice upward within 
the mmowmt liei aticn stated above and downward without Limitatien. In 

view of pros-cetive requirments for additional quantities of pera nal 
o5X1A equipment to meet the needa of the itis 


eonsidered necessary that a sum of be made available for 
25X1A exmeniiture uncer contracts for An authorisation 
/25X1A document ia attached hereto fer the aienature of the Director of Central 
| ' Intellicence. 


he Administration and settlement of Contract No. HP=123%0 will, in 
general, follow the policies end procedures presently in effect for our 
Project ACUATCN: contracts, ‘The most impertant deviation in this cennee- 
tion is that procurement requirements will emanate from designated rep- 
| 25X1A regentatives of the in a forsel manner and 
gach formal requiremcnis alone will furnis e basis for ary crocurc= 
ment action on the part of the Agency ander Contract HF-1230. A written 


i 
3 
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